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TITLE OF PROPOSAL : 


QUALIFICATION OF ROCKET POWER CATAPULT p/N 2202-11 


NATURE OF PROPOSAL: 


TO CONTRACT* A QUALIFICATION TEST PROGRAM ON THE P/N 2202-11 
CATAPULT AS CUTLIHED ON PAGES 2 & 3. 
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TO QUALIFY THE ROCKET POWER P/N 2202-11 CATAPULT FOR USE 
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QUALIFICATION TEST PROGRAM 

(a) Inspection - All units, cartridges and details. 

(b) X-Ray (36 units + cartridges). 

(c) Vibration - six units - Procedure XII MIL-E-5272C except 

as noted below: > 

Run entire 9 hours @ 200 F on 2 units 1 ; 

o 

Run entire 9 hours @ 70 F on- 2 units. 

o 

Run entire 9 hours @ -65 F on 2 units. 

(d) Shock Test - 6 units per Proc. V MLL-E-5272C. 

(e) Drop Test - 6 units per Paragraph 4.5. 11 of MLL-C-25918. 

(f) Static Firing - 30 units, 10 @ +200°F, 10 @ ambient and 

10 @ -65°F. Units which were vibrated to be fired at same 

temperature at which they were vibrated. Shock and Drop 

units to be fired, 2 each at -65 F, + 70°F and +200°F. 

o 

(g) Lock Shut - 6 units to be fired locked shut at 70 F. 

(h) Leakage Test - All 90 cartridges. 

o 

(i) Static Fire 10 Cartridges at 70 F in a closed bomb with 
70 cubic inches volume. 

(j) High Temperature Test - 10 Cartridges 50 hours @ 200°F. 

Disassemble, inspect and discard 5 Cartridges. Fire 5 @ 
70°F. 

(k) Low Temperature Test - 10 Cartridges - 20 hours at -65°F 

« o 

Disassemble, inspect and discard 5 Cartridges. Fire 5 @ 70 F 

(l) Temperature Shock Test - 10 Cartridges per Proc. I of 

MIL-E-5272C. Disassemble, inspect and discard 5 Cartridges 
F ire 5 @ +70 F. 
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QUALIFICATION TEST PROGRAM (cont) 

(m) Humidity Test - 10 Cartridges per Proc. I of MIL-E-5272C. 

o 

Disassemble, inspect and discard 5 Cartridges. Fire 5 @ +70 F. 

(n) Salt Spray Test - 10 Cartridges per Proc. I of MIL-E-5272C. 

Disassemble, inspect and discard 5 Cartridges. Fire 5 @ +70 F. 

(o) Sand and Dust Test - 10 Cartridges per Proc. I of MIL-E-5272G. 

Disassemble, inspect and discard 5 Cartridges. Fire 5 @ +70°F. 

(p) Vibration Tests - 10 Cartridges per Proc. XII MIL-E-5272C 

' o o o 

except the temperatures to be 200 F, +70 F and -65 F equally 

divided. 

Disassemble, inspect and discard 5 Cartridges. Fire 5 @ +70 F. 

(q) Shock Test - 10 Cartridges per Proc. V M1L-E-5272C. 

o 

Disassemble, inspect and discard 5 Cartridges. Fire 5 @ +70 F. 


i 
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